Green Line Transformation _ Moir» 
Construction Project Updates WLI 


Week in Review and Lookahead 
Friday, October 6, 2023 


This week, work continued on _ utility relocation near 
Symphony Hall. Check the alerts page to stay up to date on 
changes to Green Line service due to work on the Route 28 
Squires Bridge and Government Center Garage demolition. 


Utility Relocation Work 
| 50% | 60% | 70% | 80% | 90% | 100% 


Excavation and Duct Bank Installation Utility Relocation 


oY 29% Py 17% 


Completed Completed 


Symphony Station Accessibility Improvements: Work to relocate utilities around Symphony Station in advance of 
work on accessibility upgrades 


v¥ This Week | Crews worked on excavation for 10” steam line near Symphony Hall 


¢ Lookahead | Excavation for the 10” steam line will continue, and Comcast will prepare for installation 
and splicing work 


* Schedule subject to change with weather conditions and in 
accordance with public health directives Page 1 of 7 
Project percentages represent the value of the installed work 
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